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The Committes, directed to report on fuch of the Ports and 


Harbors of the United States, as require to be put in a State of Defence, with 
an Eftimate of the Expenfe thereof, 


REP O:R PT £ ex opinion : 


ae the following ports and harbors ought to be put in a ftate of de. 
fence, to wit:— 


Portland, in Maine, 
Portfmouth, in New-Hamphhire, 
‘Cape-Anne, ) ; 
Salem, <i t4 

Miarblelicad, p ladiachautetts, 
Bofton, 

Newport, Rhode-Ifland, 
New-London, 

‘New-York, 

Philadelphia, — 

Baltimore, 

Norfolk, 

Wilmington, North-Carolina, 
Ocracoke Inlet, P 
Charlefton, South-Carolina, 
Savannah, Georgia. 


That, in their opinion, the fortifications ought to be of a nature, to defend 
the feveral ports and harbors, againft furprize by naval armaments; and thar 
the parapets of the batteries and redoubts fhould be formed of earth, where 
-ccircumftances will admit. 

That the feveral. places to be fortified, be garrifoned by troops in the pay of 
the United States. . 

The eftimates fubmitted herewith, will fhew the expenfe, as well of erecting 
the fortifications, as for providing the cannon and military flores, and the 
annual expenfe of fupporting the troops. The number of troops to be em- 
ployed in each port, is likewife {pecified. 


From thefe eftimates it appears, that the fums neceflary to’ = Dols. Cis. 
erect the fortifications, amount to - - - 7O.Ge ons 
That it will be neceflary to provide two hundred cannon, 
which, together with their carriages, &c. amount to - ~ 96,645 
Making together - -172,698. 52 
Lo a he ee | 


And that the annual expenfes of the troops, neceflary to gar- 
rifon the feveral fortifications, including pay, fubfiftence, dc. 
amount to “ - = e - = 3 = - GO, 349. 25 


it may be proper for the committee to remark, that, in their opinion, it 
will be neceflary, for the fecurity of the United States, to provide the number 
of cannon above fpecified, even if the fortifications before mentioned, fhould 
not be erected. tet 


ade 


An ESTIMATE of the Probable Expenfe of Fortify- 


ing the following Harbours in the manner fpecified. 


PORTLAND, (Maine.) 
Twelve heavy cannon. Dols. Cts. 
The formation of a parapet of earth for twelve pieces 375 
The facing twelve embrafures, at 14.22; dollars each 179. 76 
The expenfe of 12 platforms at 25.75 309 
A redoubt conftrudted of a form to be adapted to the 
nature of the ground to be equal to an hundred feet 
fquare - -— - - - 650 
A magazine - - - - 200 
Fmbrafures and platforms for four field pieces 160. 52 
A block houfe or barracks for fifty men 
For pickets, palifadoes, and to provide for articles dif- 
ficult to forefee or enumerate - - 


PORTSMOUTH, (New-Hampjhire.) - 
Fifteen pieces. 

A parapet for 15 pieces - - - 

Embrafures and platforms for 15 pieces at 40. nee 
dollars - - - - 

A redoubt - - - - 

Embrafures and platforms - 

A magazine - - 

Block-houfe or barracks - - 

Pickets, pallifadoes, and contingencies 


CAPE-ANN, 
Eight pieces. 
Expenfe of the conftruction of the parapet, embrafures, 
and platforms . - - - 573. 84 
A block-houfe - - - 500 
A magazine 200 
Contingencies : 150 
1,423. 84 
Sp fae. ON: | 
Eight pieces. 
‘The expenfe the fame - . 
MARBLEHEAD, 
Eight pieces. 
The expenfe the fame - - 15423. 84 
BOSTON, Castuie-IsLann, 
Thirty-fix pieces. 
To put the works in order eftimated at 6,000 
GovERNOR’s IsLAND, 
Twelve pieces. 
The fame asat Portland — - 2,749. 28 
NEWPORT, 
“Four pieces on travelling carriages, fo that no battery 
may be neceflary to be erected. 


Carried forward 


1,423. 84 


Dols. Cis. 


25749. 28 


18,734.30 @ 


‘a oan 


wpe dg Dols: Cis, Dols. Cts. 
rought foruura = = - 18,734. 30 
G OAT-ISLAND, aes 
Twenty pieces. _ 
To put the works in order - - - “ 2,000 
NEW-LONDON, 
Twelve pieces. 
Thefame as at Portland .: / * : 25749. 28 
GROTON, 
Twelve pieces. 
‘The fame as at Portland = - = 1 a 2,749. 28 
— 5,498. 56 
NEW-YORK, Governor’s IsLAND, 
Twenty-four pieces. 
The expenfe of conftructing batteries, embrafures and 
platforms for 24 pieces -— - - 027.52 
A redoubt with embrafures - - - 810 
Magazine - - = 200 
Block-houfe or barrack ~ = nS miele 500 
Contingencies == - - - - 500 
307 37° 52 
Pau.us-Hoox, 
; Sixteen pieces. 
Parapets, embrafures, and platforms for bat- 
teries of 16 pieces - “ 1,151. 68 
Redoubt - = - - 650 
Four embrafures, and platforms for ditto 160 
A magazine - eo ee 200 
A block-houfe - - =e 500 
Non-enumerated articles and contingencies 500 7 
———— 3, 161. 68 
New-York, 
Batteries for feveral parts of the city for 42 
pieces - - - - 1,312. 50 


The expenfe of the materials and executing 
platforms and embrafures for 42 pieces at 


40.7235 - - - - 1,710. 66 
Three magazines - - “3 600 
[wo block-houfes or other buildings equal 
thereto . - “ wa 1,000 
Contingencies nos “ , 1,000 
: 029510 
—————_ 12,522. 36 


Twenty of thefe pieces may be on travelling car- 
riages, fo as to be moved as circumftances might require. 


THp DELAWARE, Mup-IsLanD, 
. Forty-eight Pieces. ; 
In order to complete the prefent works for 48 pieces, 
anda garrifon of fiftymen = - - aot 


Carried forward = * 


8,737: 94 


el 


48549 3+ 16 


[east | 
Dols. Cts. Dols. Cts. ; 


Brought forward - - 48,493.16 
BALTIMORE 7 me? 
Twenty-eight Pieces. | 
Parapets,, qubral and platforms for batteries, for | 
28 pieces = - - - - 


2,015.4 
A redoubt with four embrafures Nie ce 


810 


Two magazines - - _ 
Block-houfe or barracks 
Contingencies - - 


400 
500 
500 


—— 


4y225. 44 


ke Rarer Oa Lae 
Twenty-four Pieces. 
Batteries, embrafures, and platforms -- 
Redoubt with embrafures 
A magazine - 
Block-houfe or rece = 
Contingencies = - 


ay 
ee 


3,737. 5s 
WILMINGTON, 
Twelve Pieces. 
Batteries, embrafures, and platforms, for 12 pieces 
Redoubt with embrafures -~ = 2 f : 
Magazine - - 
Block-houfe or barracks 
Contingencies - 


OCRACOKE, 
Eight Pieces. 
Batteries for 8 pieces, embgainres, ee. 2 
Magazine - “ reer 
Block-houfe or barracks. 2 ee 
Contingencies + - - me 500 


- sol ts aia) ust 
CHARLESTON, 


To be fortified with 72 pieces, which may He aided: 
into three fets of batteries and redoubts - - ~ 


200 


45647. 60 


FT;212.132 


¥ SAW ALNIN A H, 
The fame works and cape as for Norfolk 3,937. 52 


TS pos, 


96,053. 62 
SS 


Total amount dollars | 


i 5 5 


The number of Cannon required for the before mentioned Places, to wit. 


Portland - * . * : 12 
Portfmouth 2 2 & “@ 15 
Cape-Ann - - * as , 8 
Salem = = - . ra in x 8 
Marblehead - “ % . ay 
 Bofton, 

Caftle-Ifland e = 2 36 

Governor’s-Ifland Co 12 
Newport - = - ne 3 24 
New-London and Groton i 4 aad 
New-York and its dependencies - ° 82 
The Delaware - ° ° : 48 
Baltimore - Ps < 3 3 23 
Norfolk - 2 3 if = 24 
Wilmington, North-Carolina -  — - - 12 
Ocracoke = | Z aid = ee ph: 
Charlefton - - = a 72 
Savannah ~ en ira te = = 24 
445 


The number which might be furnifhed from the public arfenals - 150 

Suppofed may be furnifhed by the refpedtive ftates, and which would 
require to be new mounted - - - ° - 150 

Deficient - “Olek = ° - ° = 145 


ogee 


445 
But as the precife number of thofe “which are fuppofed may be furnifhed by 
the refpective ftates, are uncertain, it would feem moft prudent to have calt 


200 heavy pieces, of the calibre 24 and 36 pounders. — 


An eftimate of the expenfe of one hundred twenty-four pound = Dols. Cis. 
+cannon, each weighing two tons, 200 tons at 80 dollars - 16,000 
100 of the calibre of cannon of 36 pounders, at 3 tons, 300 
tons, at 8o dollars - . - j - 24,000 
200 garrifon carriages and implements for the faid cannon, at 
60 dollars : = - - =i - 12,000 
1s0 carriages and implements for the cannon fuppoled to be 
furnifhed by the refpective flates, at 5° déllars ° - 7 MEET Co 
The expenfe of mounting the 150 cannon propofed to be fur- 
- nifhed from the public arfenals, are already included in the 
general eftimate of the war department for the year 1794. 


200 tons of twenty-four pound ball, at 40 dollars - < "E,000 
360 tons of thirty-fix pound ball, at 40 dollars = = = oe i it 
‘The expenfe of powder, is not eftimated, as a confiderable 
quantity is in pofleflion of the public, as will appear by the 
returns. | Sn 
Carried forward - - 81,900 


B 


[6 | 
Brought forward - - - 


For paper for cartridges, flow-match, port-fires, drag-ropes, 
carriages to move the cannon front place to place, andi alf 
contingencies relatively to theartillery - - 4 ia 

Vor tranfportation of the cannon and fhot from the pablic 
arfenals, and alfo from the furnaces where they may be 
caft, to the feveral fortifications ftated ir the forezoute eftis: 
mate: a . . P x a) ts 

Four engineers, to be employed fix months to conffru@ and 
direct the works, with the pay, fubfitence, andi forage, of 
licutenant-colonels commandant - - 


~ 


= 


Summary of the-Foregoing EstiMaTEs. 
Fortifying the fevéral enumerated harbours = 9 eS 76,053. 62 
Expenfe of 200 battering cannon, to be purchafed, with car=.°: : 
riages and implemenits, ball, tran{portation of cannon amd) 
ball, pay, &c. of engineers, and all other-contingencies: ne»: 
lative to the artillery - . “ “ - 96,645 


Total amount, dollars - 172,698. 62 


An Efimate of the Number of Troops required as the Ordinary protection. of the 
aforefaid fortifications. | 

Capt. Sub. Serj. Corp. Muf. Priv. 

I 
r 


Portland 
Portfmouth 
Cape-Ann 
Salem, 
Marblehead - 
Bofton, Governor’s [land 
Caftle - 
Newport - 
New-London 
Groton 
New-York “ 
Delaware 
Baltimore 
Norfolk = 
Wilmington 
Ocracoke - 
South-Carolina - 
Savannah = & - nied 
To act as infpectors to be conftantly em- 2 Majors 
ployed in vifiting the pofts. é 2 
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If the feveral works fhould be 


of the United States, now in fervice, 


fave refere 
{pecified. 


who 


Efimate of the expenfes of the number 
works, as their ordinary p 


garrifoned ino 


general eftimate of the war departme 
nces thereto, the expenfe of the num 


ae 


tdinary by a part of the legion 
fe is already calculated in the 
year 1794. But in order to 
ber of troops propofed, is here 


the expen 
nt for the 


> 
wo 


of troops to be pofted in the aforementioned 
rotection—for twelve months. 


Puen ay. Dols. Dols. Cts. 
' 2 Majors, to act as Infpectors, &c. at 50 per month, 1,200 
5 Captains - - 40 ogre 2,400 
it Lieutenants - - 26 - 3432 
10 Enfigns - > - 20 - - 2,400 
39 Serjeants a = - 6 = - 2,808 
45 Corporals - - 3 - = 2,700 
36 Mufic - - - 4 - - 1,728 
550 Privates - - Sty epee = - 19,8co — 
——. 36,468 
SUBSISTENCE, 
2 Majors” - - 4Yationsperday 2,925 
5 Captains - ge Mere te 55475 
11 Lieutenants’ - ear igs ~ = 8,030 
1oEnfigns - . 2 . | . “ 7530® 
670 Non-commiffioned and 
privates - » Is - 244,550 
| 268,275 
268,275 Rations at 15 cents per ration —- - - 40,241. 25 
FORAGE. . 
| 2 Majors, at ro dollars per month ~~ - - 240 
| CLOTHING. 
_ 670 Spits, at 20 dollars per fuit © “ . 13,400 
. Dollars 90,349. 25 
War Department, 
February 28, 17 
hie fuel H. KNOX, 
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PRINTED BY FRANCIS CH 


Secretary of War. 
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